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NOTIFICATIONS BY GOVERNMENT 


--X- 


INFRASTRUCTURE & INVESTMENTS ( PORTS ) DEPARTMENT 


ADMINISTRATIVE SANCTION FOR AN AMOUNT OF RS . 417.55 CRORES 
FOR CONSTRUCTION OF FISHING HARBOUR AT VODAREVU , 
PRAKASHAM DISTRICT - ORDERS - ISSUED . 


( G.O.Ms.No.14 , Infrastructure & Investment ( Ports ) Department , dated 3rd 
November , 2021 ) 


Read the following : 


1 ) From the MD , APMIDCL , Vijayawada Lr.No.SE/DM.III/1/F.H/2021 , 

Dt.25.06.2021 along with DPRS . 
2 ) From the MD , APMIDCL , Vijayawada Lr.No.APMIDCL / KOTHAPATNAM / 

2021/22 , Dt.17.08.2021 
3 ) G.O.Ms.No.11 , I & I ( Ports ) Dept. dated 19.08.2021 
4 ) From the MD , APMIDCL Lr.No.SE/DM.III/1/F.H/2021-22 , dated 24.09.2021 
5 ) From the MD , APMIDCL Lr.No.SE/DM.III/1/F.H/2021-22 , dated 11.10.2021 


& & & 


ORDER : 


In the reference 3rd read above orders were issued according administrative 
sanction for construction of Fishery Harbours at ( i ) Budagatlapalem in Srikakulam 
District ii ) Pudimadaka in Visakhapatnam District , iii ) Kothapatnam in Prakasam 
District , and iv ) Biyyaputippa in West Godavari District for a total project cost of Rs . 
1580.22 Crores with funding pattern of Rs . 450.00 Cr under FIDF , GOI , Rs . 630.71 Cr 
under NIDA loan , and Rs . 449.56 Crores loan from commercial banks backed by a 


1 


comfort letter from GOAP along with state share of Rs . 49.95 Crores , and also 
approval for DPRs to take up the work immediately and to proceed further with 
tender process through Judicial Preview pending sanction of project under PMMSY . 
Further , permitted to call for tenders for four Fishery Harbours under Phase - II in a 
single package as was done earlier in the case of Phase - 1 fishing harbours and also 
approved to develop floating jetties at Vodarevu in Prakasam District . 


2 . In the reference 4th read above , the MD , APMIDCL has informed that the 
maintenance of floating jetties is difficult and expensive and recommended for 
conventional jetties in case of Vodarevu Fishing Harbour . He has submitted that 
since DPR was prepared with the SOR of 2018-19 , the PMC was asked to arrive at 
the Cost Estimates based on the SOR 2020-21 . The PMC has revised the cost 
estimate for the items of works as per DPR and also incorporating relavent 
processing units and equipment and arrived at Rs . 532.84 Crores . Accordingly , the 
MD , APMIDCL has submitted the Proposals for Construction of Fishing Harbour at 
Vodarevu in Prakasam District for Rs . 532.84 Crores for according Administrative 
Sanction . 
3 . In the reference 5th read above , the MD , APMIDCL has submitted revised 
proposal for Rs.417.55 crores stating that a detailed scrutiny of estimates was done 
by the Chief Engineer and the PMC and arrived at 417.55 Crores ( Four Hundred 
Seventeen Crores and Fifty Five Lakhs ) for construction of Fishing harbour at 
Vodarevu in Prakasam District . The said project was sanctioned by Government of 
India under Fisheries Infrastructure Development Fund ( FIDF ) , Ministry of Fisheries , 
Government of India and approved by the Central Approval and Monitoring 
Committee ( CAMC ) , Government of India , up to Rs . 150.00 Crores with interest 
subvention and up to 90 % of balance Project Cost as loan from NABARD under 
Infrastructure Development Assistance ( NIDA ) . 


4 . The MD , APMIDCL has further requested to accord the Administrative 
sanction for construction of Fishing Harbour at Vodarevu , Prakasham District for an 
amount of Rs . 417.55 Crores with conventional jetties instead of floating jetties and 
permit to call for tenders for five fishing harbours 1. Budagatlapalem in Srikakulam 
District , 2.Pudimadaka in Visakhapatnam District , 3.Vodarevu in Prakasam District , 
4.Kothapatnam in Prakasam District , 5.Biyyaputippa in West Godavari District under 
Phase - II in a single package as was done earlier in the case of Phase - I or otherwise . 
Also to permit the APMB to take all necessary actions to call for tenders including 
execution etc. , on behalf of APMIDCL as the APMIDCL is not well equipped with 
required Technical and other staff to under take these works . The cost of the 
Vodarevu fishing harbour is as follows : 


Fishing Harbour 

Name 


Total 
Project cost 
in Crores 


GOI 
Assistance 
under FIDF 


Project cost 
( Amount in Crores ) 
NIDA Loan 

State Share 
( 90 Percent 

in Crores 
of Remaining ( 10 % of Remaining 
Amount ) 

Amount ) 
( 4 ) 

( 5 ) 


( 1 ) 


( 2 ) 


( 3 ) 
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Vodarevu 


417.55 


150.00 


240.80 


26.75 


417.55 


150.00 


240.80 


26.75 


5 . The Government after careful examination of the matter hereby accorded 
administrative sanction for construction of Fishing Harbour at Vodarevu , Prakasham 
District for a total project cost of Rs.417.55 Crores with a funding pattern of 
Rs.150.00 cr under FIDF , GOI , Rs.240.80 crores under NIDA loan along with State 
share of Rs.26.75 cores and also approved the DPR to take up the work 
immediately . 


6 . Further , Government hereby permit to call for tenders for five fishing 
harbours 1. Budagatlapalem in Srikakulam District , 2.Pudimadaka in Visakhapatnam 
District , 3.Vodarevu in Prakasam District , 4.Kothapatnam in Prakasam District , 
5.Biyyaputippa in West Godavari District under Phase - II in a single package as was 
done earlier in the case of Phase - I . 


1 . 


Government also hereby permit the Andhra Pradesh Maritime Board to take all 
necessary actions to call for tenders including execution etc. , on behalf of APMIDCL . 
8 . This order issues with the concurrence of Finance Department , vide their 
U.O.No.FINO1 - FMUOASD ( IIE ) / 46 / 2021 - FMU - IIEIC , dated 02.08.2021 . 


R.KARIKAL VALAVEN 
SPECIAL CHIEF SECRETARY TO GOVERNMENT 
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